1580                                 UNIT  CONSTRUCTION  COSTS
Account 8113—Conveyor No. 12.
See account 7405. This conveyor takes the material of the beds from conveyor No. 11 and delivers it to conveyor 13l and 132. It is a 20-in. belt, 51 ft. 3 in. from center line of tail pulley to center line of head pulley, with an 8-ft. rise, operating at a speed of 300 ft. per minute, with a capacity of 100 tons per hour. The segregated material account is as follows:
Cost     Freight     Total
Belt...................................  $209.4;* $14.43    $223.86
Conveyor material......................    370.91,    45.SO      410.77
One 5-h.p.m.......................................        87.04
1  centrifugal switch..................... .      34.00      2.21       30.21
Lumber, decking and painting material................... .      30.97
Spout conv. 11 to couv. 12...............................        7.70
Miscellaneous...........................................        2.50
SS05.05
Account 8113.1—Conveyors 13l and 132,
Conveyors 13l and 132 take the product from conveyor 12 running the length of the Roaster Building each delivers the material through a separate automatic tripper to the roaster bins. They are identical. Both are 20-in. belts, running perfectly flat, 109 ft. from center line of head pulley to center line of tail pulley, operating at a speed of 300 ft. per minute,with a capacity of 100 tons per hour. The account, for material stands as follows:
Cunt      Freight       Total
Belt................................    §837.72    $59.20     $890.98
Conveyor material...................      913.00    230.45     2,150.05
2 automatic trippers <fe track........   . .    1,000.00    . ,............
Two 5-h.p. motors...................     .......     ......        174, OH
2 centrifugal switches.................        OS,00        4.42         72.42
Drive belt......................,.,...,.,,....,,,.....          30.79
Lumber, decking, paint..............   , , . ,   ........,   ,        123.90
Spouts from conveyor 12,...........................          II. 54
Miscellaneous.........................,.,..,.........,          12.57
,.
(See Fig. 91.)
Account 8113.2—Stile over Conveyors 131 and 132.
These stiles were made of structural steel, purchascul front the Kansas City Structural Stool Co. and erected by the Arizona ('upper (Jo.
Roaster Dust Chamber
Account 8121—Excavation.
Same as 8101............................        181.05
